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ACTION AID-59 

INFO OCT-01 AF-05 ISO-OO EB-05 IGA-02 DRC-01 RSC-01 /074W 

1 14670 

P R 090900Z FEB 74 
FM AMEMBASSY COTONOU 
TO AMEMBASSY ABIDJAN PRIORITY 
SECSTATE WASHDC PRIORITY 5887 
INFO AMEMBASSY NIAMEY 

UNCLAS COTONOU 0223 

E.O. 11652: N/A 
TAGS: EAID, DM 

SUBJECT: PARAKOU-MALANVILLE ROAD LOAN: 625-H-002 

REF: (A) STATE 021 149 

(B) ABIDJAN 806 

(C) STATE 20415 
CD) ABIDJAN 601 
(E) COTONOU 167 

1. AIDOFF PURCELL MET WITH TP DIRECTOR GBAGUIDI FEBRUARY 6 
TO REVIEW STATUS LOAN IMPLEMENTATION. 

2. FOLLOWING INSTRUCTIONS PARA 2, REF (B), AIDOFF ASKED 
GBAGUIDA SEND CABLE AND FOLLOW-UP LETTER TO M-K REQUESTING 
30-DAY EXTENSION BID VALIDITY AND BOND. ALSO URGED PER 

PARA 4, REF (D) DAHOMEY EMBASSY/WASHINGTON BE GIVEN TEXT OF BID 
ACCEPTANCE LETTER TO BE SEND M-K WHEN LOAN INCREASE AUTHORIZED. 
RECOMMENDED THAT DIRECTOR TP KEEP ALL PARTIES INFORMED 
DEVELOPMENTS. FOLLOWING DAY AIDOFF RECEIVED AND PASSED 
SCHOONOVER COPIES OF FEBRUARY 7 LETTERS FROM TP MINISTER TO 
M-K CONFIRMING HIS CABLE OF SAME DAY REQUESTING EXTENSION BID 
VALIDITY AND BID BOND. MIN TP ALSO PREPARED LETTER TO M-K 
ACCEPTING BID, WITH COVERING LETTER TO MIN FOREIGN AFFAIRS 
REQUESTING LETTER BE TRANSMITTED THEIR EMBASSY/WASHINGTON AND 
HELD THEREHTNTIL NOTIFIED BY AID/W LOAN INCREASE AUTHORIZED. 
COPIES ALL ABOVE SENT DORSCH. SUGGEST AS PRECAUTION THAT AID/W 
CONTACT EMBASSY TO BE SURE THEY UNDERSTAND LETTER IS TO BE 
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3. AGAIN REVIEWED STATUS EACH OF CP'S. LATEST STATUS 
OUTLINED GBAGUIDI-SHEAR LETTER IANUARY 25 AND MIN TP TAKING 
NECESSARY MEASURES TO MEET EACH CP ASAP. UNDERSTAND MELEGARI 
OF IBRD NOW SCHEDULED VISIT COTONOU WEEK FEBRUARY 13 TO REVIEW 
STATUS IDA IMPLEMENTATION AND CONCLUDE DORSCH SUPERVISORY 
CONTRACT WHICH SHOULD SATISFY 301 (D). 

4. RE REF (A). SCHOONOVER MET DIRECTOR. HYDRAULIC SERVICE 
WHO STATED HE WOULD DEPOSIT TODAY CFA EQUIVALENT $4,389.27 
WITH LOCAL BANK, SDB, FOR TRANSFER TO AID/W FOR PAYMENT 
INTEREST DUE ON RURAL WATER SUPPLY LOAN 680-H-002. DOLLAR 
PAYMENT WILL BE DIRECTED TO SER/FM/FSD. THEREFORE, THIS 
QUESTION SHOULD NOT HOLD UP LOAN PROCESSING. 

ANDERSON 



UNCLASSIFIED 
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